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Message Text 


UNCLASSIFIED 

PAGE 01 SOFIA 01722 151524Z 

43 

ACTION EUR- 12 

INFO OCT-01 ISO-OO EB-07 /020 W 

081268 

R 151440Z AUG 75 
FM AMEMBASSY SOFIA 
TO USIA WASHDC 1722 
AMEMBASSY VIENNA 
USDOC WASHDC 
SECSTATE WASHDC 59 

UNCLAS SOFIA 1722 

USIA FOR ICS/OM; VIENNA FOR RPO KIVKI//II EWTC:VONTILLIUS; 

USDOC FOR BEWT; STATE FOR EUR/EE FROM GAYTON 

E.O. 11652: N/A 
TAGS: OEXP, BU 

SUBJECT: PLOVDIV:PROGRESS REPORT 
REF: SOFIA 1633 

1. DESIGNER KARJ ALA ARRIVE AUG 7. STAYING AT MARITSA HOTEL. 

2. CONSTRUCTION OF COMMERCIAL BOOTHS ON SCHEDULE WITH ALT. 
PLATFORMS IN PLACE, BACK PANNELS, DIVIDERS AND FICIA INSTALLED. 
WIRING OF LIGHT FIXTURES IN PROGRESS. CORE AREA ROUGH 
CONSTRUCTION 80 PERCENT COMPLETE WITH UTILITIES INSTALLED. 

VERY HEAVY RAINS AUG 13 RESULTED IN SOME BACK-FLOODING OF 
PAD, CAUSING DELAY OF ONE DAY (NOT CONSIDERED CRITICAL AT 
THIS TIME). 

3. GUIDES INTERVIEWED AUG 1 1 AND 14. SOME REPEATERS FROM 
U.S. PAVILION LAST YEAR. UNIFORM SIZES CABLED VONTILLIUS 
AUG 15. FOR ECONOMY REASONS, STARTING GUIDES EMPLOYMENT 
SEPT 2. ADVISE IF WILLIAMSON NEEDS DEMONSTRATERS 

ASSIGNED TO HER AREA BEFORE THEN, OR ANY OTHER DEMONSTRATIONS 
WHICH MAY REQUIRE LONGER TRAINING TIME. 

4. NO PROGRESS WITH "BALKANTOURIST" REGARDING FIRM ROOM 
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"BALKANTOURIST" WARNS THAT ADDITIONAL ROOM RESERVATIONS 
WILT. PROBABLY BE IN PRIVATE FLATS. 

5. FAIR AUTHORITIES CHARGING GLAHE $35 PER DAY FOR WORKING 
HIS CREW BEYOND 6 PM WEEKDAYS, AND $280 PER DAY FOR WORK 
ON SATURDAY OR SUNDAY. WE ARE PROTESTING THIS THREAT TO 
TIMELY COMPLETION OF EXHIBIT. 

6. RES: REQUEST RIZZIE CONTACT GLAHE, COLOGNE, SOONEST 
AND URGE IMMEDIATE $5,000 BANK TRANSFER TO PLOVDIV FAIR 
AGAINST COSTS OF SUPPLIES AND MATERIALS. FAIR NOW 
UNWILLING TO DELIVER URGENTLY NEEDED MATERIALS. 

HERZ 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 15 AUG 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975SOFIA01722 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750283-0014 
From: SOFIA 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750848/aaaabqbe.tel 

Line Count: 74 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION EUR 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 75 SOFIA 1633 
Review Action: RELEASED, APPROVED 
Review Authority: ellisoob 
Review Comment: n/a 
Review Content Flags: 

Review Date: 13 DEC 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <13 DEC 2002 by ReddocGW>; APPROVED <23 MAR 2004 by ellisoob> 

Review Markings: 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 
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